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Message Text 



UNCLASSIFIED 

PAGE 01 MONROV 02254 I9I457Z 
43 

ACTION PM-07 

INFO OCT-OI AF-IO ISO-00 CIAE-00 INR-IO NSAE-00 RSC-OI 

SS-20 NSC-07 DODE-00 SCI-06 DRC-OI /063 W 

I200I9 

R 19I428Z APR74 
FM AMEMBASSY MONROVIA 
TO CHESNAVFACENGCOM WASHDC 
INFO SECSTATE WASHDC 1630 

UNCLAS MONROVIA 2254 

E.O. 1 1652: N/A 
TAGS: MARR, ETRN, LI 

SUBJECT: OMEGA LIBERIA, QA PROGRAM AND PROJECT SAFETY PLAN 

REP: A. CHESDIV LTR 09K 74-C-0020(77) OF 2 PAR 74 TO ROICC, LIBERIA 

B. ROICC LTR SER 74-22 OF 10 APR 74 TO RAYMOND, LIBERIA 

C. RAYMOND, MONROVIA LTR L/R-43 NO. 4 OP 18 APR 74 TO ROICC 
LIBERIA 

D. CHESDIV LTR 051 74-C-0020 (86) OF 15 MARCH QA MEETING 

E. ROICC LTR. SER 74-21 OF 10 APR 74 TO RAYMOND, MONROVIA 

FROM LT. DELKER, ROICC LIBERIA 

1. SAFETY PLAN 

REP A NOTIFIED OF NO RECEIPT OF SAFETY PLAN BY CODE 05B CHESDIV 
FOR APPROVAL/DISAPPROVAL AND REQUESTED ROICC LIBERIA PROVIDE THREE 
(3) COPIES OF SAFETY PLAN FOR REVIEW. REF B REQUESTED SUBMITTAL OP 
SAPETY PLAN PROM RAYMOND. REF C ADVISED ROICC LIBERIA THAT A 
PROJECT SAPETY PLAN WAS FAVORABLY RECEIVED BY CHESDIV ON 15 MARCH. 
REQUEST ADVISE IF SAFETY PLAN RECEIVED AND REQUEST FORWARD COPY 
IF RECEIVED. 

2. QA PLANS 

REP D FORWARDED COPY OP MINUTES OF QUALITY ASSURANCE MEETING 
OF 15 MAR AT CHESDIV. NO SPECIFIC MENTION WAS MADE TO A QA 
UNCLASSIFIED 

UNCLASSIFIED 
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PLAN FOR ON SITE CONSTRUCTION. REP E REQUESTED A QA/CQC PLAN 
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BE SUBMITTED IMMEDIATELY TO ROICC LIBERIA EOR EATHWORK DUE 
TO PROBLEMS ENCOUNTERED WITH THE SOILS MEETING THE ALLOWABLE 
LIQUID LIMITS AND PLASTIC INDEXES. THE COMPLETE CQC PLAN 
EOR ON SITE CONSTRUCTION WAS REQUESTED AT THE EARLIEST 
POSSIBLE DATE. REF C INDICATED THAT THE QUALITY ASSURANCE 
PROGRAM WAS FAVORABLY RECEIVED BY CHESDIV ON 15 MAR 74, 

YET REF D INDICATED THAT FINAL QA PLAN WAS DUE TO CHESDIV 
ON 1 PARIL 74. REQUEST ADVISE IE QA PLAN RECEIVED EROM 
RAYMOND AND IE PLAN CONTAINED CONSIDERATIONS EOR ON SITE 
CONSTRUCTION WORK. 

BEAN 



UNCLASSIEIED 



NNN 
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Message Attributes 



Automatic Decaptioning: X 
Capture Date: 01 JAN 1994 
Channei indicators: n/a 
Current Classification: UNCLASSIFIED 

Concepts: CONSTRUCTION, NAVIGATIONAL AIDS, MONITORING FACILITIES 

Control Number: n/a 
Copy: SINGLE 
Draft Date: 19 APR 1974 
Decaption Date: 01 JAN 1960 
Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974MONROV02254 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D740091-1153 
From: MONROVIA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: linki 974/newtext/t1 9740429/aaaaazyp.tel 

Line Count: 72 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION PM 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 

Reference: A. CHESDIV LTR 09K 74-C-0020(77) OF, 2 PAR 74 TO ROICC, LIBERIA 

Review Action: RELEASED, APPROVED 

Review Authority: garlanwa 

Review Comment: n/a 

Review Content Flags: 

Review Date: 10 SEP 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <10 SEP 2002 by BryanSD>; APPROVED <02 JAN 2003 by garlanwa> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: OMEGA LIBERIA, OA PROGRAM AND PROJECT SAFETY PLAN 
TAGS: MARR, ETRN, LI, US, OMEGA STATION 
To: CHESNAVFACENGCOM WASHDC 
Type: TE 
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